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Message Text 


UNCLASSIFIED 

PAGE 01 PARIS 23242 02I603Z 

60 

ACTION EUR-25 

INFO OCT-OI ISO-00 EB-12 COME-00 CIAE-00 INR-II NSAE-00 

RSC-OI DRC-OI /05I W 

I0I632 

R02I555Z OCT 74 
FM AMEMBASSY PARIS 
TO SECSTATE WASHDC 2836 
INFO AMEMBASSY LONDON 

UNCLAS PARIS 23242 

E.O. 11652: N/A 

TAGS: ETRN, BEXP, FR, UK 

SUBJECT: MAJOR PROJECT QUARTERLY REPORT - PRANCE 

REP: A) STATE A-6921 
B) PARIS 12971 

AS REQUESTED IN REF. A, FOLLOWING IS STATUS REPORT 
ON PROJECT ON ACTIVE LIST' CHANNEL TUNNEL. MR. DE 
SAVENANT, DIRECTOR FOR EXTERIOR AFFAIRS, SOCIETE 
FRANCAISE DU TUNNEL SOUS LA MANCHE, INDICATED PRE- 
QUALIFICATION BIDS (LETTERS OF INTEREST) FOR PHASE 
III FROM INTERESTED COMPANIES ARE UNDER STUDY. 
SEVERAL AMERICAN COMPANIES SUBMITTED LETTERS. BUT 
DE SAVENANT DECLINED TO IDENTIFY THEM. OFFICIAL OR 
FINAL BIDS FOR PHASE III ARE TO BE REQUESTED FROM 
COMPANIES WHICH FILED PRE-QUALIFICATION INFORMATION 
SOMETIME IN APRIL 1975. FURTHER INFORMATION ABOUT 
OFFICIAL BIDS SHOULD BE AVAILABLE IN DECEMBER OR 
JANUARY. 

IRWIN 


UNCLASSIFIED 


NNN 


Deciassified/Reieased US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 02 OCT 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974PARIS23242 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740279-0069 
From: PARIS 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19741079/aaaacpwk.tel 

Line Count: 48 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION EUR 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: A) STATE A-6921 
Review Action: RELEASED, APPROVED 
Review Authority: golinofr 
Review Comment: n/a 
Review Content Flags: 

Review Date: 04 NOV 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <04 NOV 2002 by ReddocGW>; APPROVED <04-Nov-2002 by golinofr> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: MAJOR PROJECT OUARTERLY REPORT - FRANCE 
TAGS: BEXP, FR, UK 
To: STATE 
Type: TE 

Markings: Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



